1636                                   UNIT  CONSTRUCTION  COSTS
Account 9014.01—Steam Piping North and South Mains—Fo
This concrete composes the piers which support the long j steel steam pipe supports. They were part mixed by machine by hand, in the proportions of G sand and gravel to 1 cement 50 per cent, of the vertical surface was formed.
Account 9014.02—Steam Piping North and South Mains—Steel ing Structure.
In these steam-pipe trestle supports 11.8 tons of corrugated 75.01 tons of structural steel were used. (See Fig. CO.)
Account 9014.03—Steam Piping Mains, Hangers and Anchors.
This covers the cost of material and making of all hangers am used for the steam piping between the boilers and the machii power house. The hangers were made of f-in. rods arid -|-in. clamps running around pipe. Anchors were of same mate] cated to suit conditions surrounding place used. (See Figs. 60
Account 9014.04—Steam Piping— Cost and Erection.
Under this account all the material lusted below is coated, with the labor of its erection. These pipes run from the boiL power house in duplicate, making a complete loop about around. The main lines are ,10 in. branches from boilers < branches to engines of suitable size ranging from 4 in. to 8 in. joints are Van Stone, all valves and fittings are of cast st< line is required to stand 180 Ib. pressure with 100° F. auperhe gaskets used are corrugated bronze. The 10-in. lines are fr six 10-in. Harter expansion joints. (See Figs. (K) and 61.)
Six 10-in. Harter expansion joints.....................  $1,684
One C-in. cant-iron, separator............,............         126
Two 10-in. cast a tool vortical separators...............        84,3
One 10-in. oast stool horizontal separator..............        372
Two 6-in. separators and receiver** (hot. outlet).........        591
One 5-in. cant stool separator and receiver (hot. outlet),.        263
Three 4-in. east steel separators and receivers (hot. outlet)        687
Two 4-in. cast stool separators and receivers (hot. outlet)        47C
Corrugated bronco gaskets............,..............        253
Ten 8-in. Lagonda valves.........,..................      l,31£
Twelve 10-in. gate valves............................     2,071
Two 34-in. and one 33-in. Crane tilt traps.............        14J
Best Mfg. Co. pipe and fittings.......................     8,73£
Extra pipe and fittings..................s............        52C
Miscellaneous.......................................        522
$18,622tructural steel columns to support the steel beams of the power housit floor* Tim 57 pipe columns were made of 4-in. pipe, with a runt-iron base and capital, and were HO placed  175.07         600.07
